SFreeport- McMoRan 
Copper & Gold 



Freeport-McMoRan Corporation 
United States Metals Refining Corporation 
333 North Central Avenue 
Phoenix, AZ 85004 



Ronald J. Buchanan, Jr. Ph.D. 
Manager, Remediation Programs 
Office: (602) 366-8301 
E-Mail: Ronald_Buchanan@fmi.com 



January 13, 2012 



Via USPS Mail and 
Electronic Mail 

Mr. Stephen Maybury, Chief 
Bureau of Case Management 

New Jersey Department of Environmental Protection 

401-06F 

P.O. Box 420 

Trenton, NJ 08625-0420 

Dear Mr. Maybury: 

Re: United States Metals Refining Corporation, SRP PI# 009101 



As requested in your letter dated December 28, 2011 (received by USMR on 
January 5, 2012), the following is USMR's proposed schedule to address delineation of 
soil contamination outward from the property boundary of the USMR Carteret site: 



Task 


Date or Range of Days 


Submit Schedule to NJDEP 


January 13, 2012 


Conference call with NJDEP 


January 26 or 27 


Identify, Interview, Contract with LSRP 


15-45 days 


Identify Potential Off-site Properties & Access Targets 


30-60 days 


Develop Technical Scope, Detailed Schedule, Work 


45-90 Days 


Plan (QAPP, HASP, FSAP) Consistent with Tech-Regs 




Meet with NJDEP (if necessary) 


TBD 


Develop/Negotiate Access Agreements 


TBD* 



*To Be Determined, subject to number of off-site properties and difficulty in obtaining 
access 



As I discussed with you during our teleconference last week, USMR is interested 
in discussing this matter further. Accordingly, please advise of your availability, as well as 
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that of Ms. Bergman and Mr. DeNoble to teleconference on either January 26 or January 
27. 



Very Truly Yours, 




xc: 



M. B. Wood 
J. A. Brunner 
M. D. Leach 



